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BILL NO. S-82-12- 


O jo 




SPECIAL ORDINANCE NO. S- 


AN ORDINANCE approving Change Order 
No. 1, Resolution No. 5944-82, 1982 
Resurfacing, in connection with the 
Board of Public Works. 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF 


FORT WAYNE, INDIANA: 


SECTION 1. That Change Order No. 1, Resolution No. 


5944-82, 1982 Resurfacing, with Wayne Asphalt & Construction 
Co., Inc., in connection with the Board of Public Works, for: 


the addition of new limits to the original 
Lindenwood resurfacing project to include 
the Lindenwood railroad elevation underpass 
thereby eliminating the necessity for an 
additional project and contractor; 


involving a net increase in the amount of Thirty-One Thousand 
Four and 90/100 Dollars ($31,004.90), all as more particularly 
set forth in the specifications, and which is on file with the 
Office of the Board of Public Works, and is by reference incor¬ 
porated herein, made a part hereof and is hereby in all things 
ratified, confirmed and approved. 


SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 
approval by the Mayor. 



APPROVED AS TO FORM 
AND LEGALITY 












Read the fit^ 7 time in full and on motion by 

seconded by _, and duj^f^dopted, rea< 

by title and referred to the Committee 


/second time 
_(and the City 


Plan Commission for recommendation) and Public Hearing to be held after 
due legal notice, at the Council Chambers, City-County Building, Fort Wayne, 
Indiana, on_, the_ _day of 


19 


DATE: 




ARLES W. WESTERMAN - CITY CLERK 

Read the third-rate , in full and on motion by__ 

seconded by_ o _, and duly adopted, placed on its 

passage. PASSED ( £g> & S4- by the following vote: 

AYES 




NAYS 


ABSTAINED 


ABSENT 


TO-WIT: 


TOTAL VOTES 

BRADBURY 
BURNS 
. EISBART 
GiaQUINTA 

SCHMIDT 

SCHOMBURG 

SCRUGGS 

STIER 
TALARICO 


- 2 - 




CHARLES W. WESTERMAN - CITY CLERK 

Passed and adopted by the Common Council of the City of Fort Wayne, 

Indiana, as (ZONiNS—MARf-( GENERAL) - L&nnt? xATION) (SOCIAL) 

.CAPPSQESiATION) ORDINANCE ( RESOLUTION) NO. ^S~ 

on the (^2 day of_ Xj2 _, 19 

ATTEST: (SEAL) 

CHARLES W. WESTERMAN - CITY CLERK PRESIDING OFFICER -—^2-- 

Presented by me to the Mayor of the City of Fort Wayne, Indiana, on 

the_ _day of 19 at the hour of 

__o'clock t .M. ,E.S .T. 


Approved and signed by me this 


CHARLES W. WESTERMAN - CITY CLERK 

_day of_ 


J3_ _, at the hour of ' 20_o'clock 


' rz 


WIN MOSEs/jR. - MAYOR 














































































S-82-12-06 


BILL NO, 


REPORT OF THE COMMITTEE ON PUBL IC WORKS 


WE, YOUR COMMITTEE O N Publlc W ° rkS __TO WHOM WAS REFERRED AN 

ORDINANCE approving Change Order No. 1, Resolution No. 5944-82, 

1982 Resurfacing, in connection with the Board of Public Works 



HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG LEAVE TO REPORT 






























CHANGE OP.PER 


lange Order No. 
roject No. 

>me of Project 


! 

1982 Resurfacing 


Wa y . n e . Asphalt & Construction Co., Inc. 

(Contractor) 


Resolution No. 

Board Order No. 96-82 
Date H/5/82 


intlemen: 

>u are hereby requested to comply v/ith the following changes from the contract plans and 
pacifications: • 


:em 

Ouantitv 

Descriotion of Change 

Unit Price 

Chancre in Co 

ntract Price 

Material 

Decrease 

Increase 









SEE ATTACHED SHEET 





















































xotal Decrease 

0 


■otai Increase 


31.004.90 


Net (EMS5SS§@§ (Increase) Contract Price 


31,004.90 


'.e sum of S 31,004.90 _ is hereby (added to) the total contract 

rice, and the final contract price shall be adjusted as follows: 


Oriainal Contract Price 

Current Contract Price Adjusted by .Previous Change Order 
New Contract Price Including this Change Order 


$ 196,655 ^30. 


S 



ie time provided for completion in the contract for this project is (unchanged) (inoawss**) 
bv calendar days due to this Change Order. The date for completion 

F wn-ri c shall be . Furthermore, this document snail become an 

.sions of the contract shall apply hereto. 


ct and 



by: / , 77 ^ u "' 

/ / / l / 

: V|/ 

s ouccl t- r.oxjitrcrxy 

(Contractor), 



(Director of Transportation) 
(Owner). 




-4^- 


'/l/ft/ZL 


Date _ 
Date 





































































Change Order Mo - _1_, 

Resolution No- .5944-82 


Board Order No. 96-82 _ . 

REQUEST AND JUSTIFICATION FOR CHANGE 

„ . . _ , Over the past years the Lindenwood railroad elevation underpass 

Necessi <_y for changer _ r ___ - ___._—— 

has been a constant maintenance problem for the Street Department with numerous potholes 


caused by poor drainage. In the summer of 1982, Street Engineering was given permission to 
resolve this problem. Since Wayne Asphalt had already b een awarded a contract to resurface 
Lindenwood from approximately 100' north of t he elevation to Spring St., we asked them to do 
this additional work while in th e area. This would eliminate Lindenwood r s being torn up two 

different times by two separate contractors.__ ... _ 


Will proposed change alter size of the project? Yes X _ No _ 

If yes, explain: Addition will change the limits of the Lindenwood resurfacing project _ 

to include the underpass. N ew limits will read: "Lindenwood Avenue - from the south propert y 
line of Spring St. to a point 300' ± north of the north property line of Jefferson Blvd. 11 


Affect on operation and maintenance cost of this project: 


Jett Grogg, 


E, 












































Resolution No. 5944-82 
^lndenwooa R.R. Elevation 


CONTRACT COST ANALYSIS 


:tem 

o. 

Description of Change 

Contract 

Actual 

Quantity 

Unit 

Price 

Change 

Total 

Cost 

Material 

Quantity 

Decrease 

Increase 

1 . 

Pavement Removal 


634 S.Y. 

2.10 SY 


1.331.40 

1 331.40 

2 . 



312 C.Y. 

10.00 CY 

— 

3.120.00 

585.00 

3.120.00 

585.00 

3. 

Aggregate for Underdrains 


39 Ton 

15.00 Tn 

4. 

12" RCP Class IV 


320 L.F. 

27.00 LF 


8.640.00 

8 f 640.00 

775.00 

5. 

12" RCP Class V 


25 L.F. 

29.00 LF 


725.00 

6 . 

16 Ga. FBC Pipe 


no L.F. 

11.00 LF 


1 ,210.00 

1 ,210.00 

7. 

Granular Backfill 


382 Ton 

5.75 Tn 


2 . 196.50 

7.196 50 

8 . 

Type 1-A Manhole 


1 F,a. 

970.00 Fp 


970.00 

970.00 

9. 

Type 1-F Manhole 


1 Ea. 

1020.00 Ea 


1 .020.00 

1 .020.00 

0 . 

Tvpe 1-F Inlet 


1 F.a. 

37 5.00 Fa 


375.00 

375.00 

1 . 

Seeding 


450 S.Y. 

0.65 SY 


292.50 

292.50 

2 . 

Maintaining Traffic 


1 L.S. 



2 .200.00 

2 .200.00 

3. 

H.A.C. #9 Binder 


202 Ton 

19.75 Tn 


3.989.50 

3.989.50 

4. 

H.A.C. Type "B" Surface 


200 Ton 

21.75 Tn 


4.350.00 

4.350.00 














TOTAL 

31 .004.90 

31.004.90 







































































































































































































































































































title OF ORDINANC E- Change order #1 -Res594 4- 82v 1982- Resurfarinn 
DEPARTMENT REQUESTING ORDINANCE - Board of Public Works 






SYNOPSIS OF ORDINANC E Over the past y ears the Lindenwood railroad elevation underpass 
-_ has been a constant maintenance problem for the Street Department with nu meric" 

P ° th ° 1e5 caused, by. poor .drainage/. In .the summer;, of 1982, Street' Engineering 

__ «s given permission to resolve this problem.~l^ce Wayne Asphalt, has a!re a H„ 

been awarded a contract to resurface Lindenwood from approximately 100' north- 

of the elevation to Spring .St.....we a sked, theiT^ do this additional work while 

in thearea,. THlsVwquTd ;eliwinate .U iidenwopd's; being torn up two different- 

. times by two separate contractors. Contractor is Wayne Asphalt l Constmetinn " 


Co.,Inc. 


effect OF PASSAGE Addition will chance the Mis of the Lindenwood m rj nQ 
_ _ to include the underpass. 


EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase $31,004.90 


ASSIGNED TO COMMITTEE 


























































































